Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


0130.429 


0130.436 


0210.000 


0213.202 


0221.331 


0222.613 


0250.010 


0288.003 


0290.030 


Hntb Corp. 


Description 


TRAFFIC OFFICERS SERVICES 


ELECTRIC COMPANY 


CLEARING OF SITE 


RODENT CONTROL 


DISPOSE OF ALLOWANCE 


QUALIFYING SOILS 


STONE BALLAST 
FURNISH AND INSTALL 


CLEANING PIPE 


GEOMETRY TESTING CAR 


GRADE CROSSING 
RECONSTRUCTION 


Unit 


AN 


AN 


LS 


AN 


AN 


TN 


LF 


AN 


LS 


Massachusetts Bay Transportation Authority 


Orange Line Test Track and Track 5 Rehabilitation, 


Capital Managemen 


Comparison of 


t System 


Bids 


Contract R32CN02 


Medford, MA 


Quantity 


1,791 


1,000 


Engineer 
Unit Price 


$8,000.00 


$25,000.00 


$20,000.00 


$4,000.00 


$90,000.00 


$50.00 


$22.50 


$50,000.00 


$10,000.00 


Total Price 


$8,000.00 


$25,000.00 


$20,000.00 


$4,000.00 


$90,000.00 


$89,550.00 


$22,500.00 


$50,000.00 


$10,000.00 


Bid Date: 04/26/2017 


Bidder: 2969 


Firm Name: Lm Heavy Civil Construction, Llc 


Bidder 

Unit Price Total Price 
$8,000.00 $8,000.00 
$25,000.00 $25,000.00 
$93,793.60 $93,793.60 
$4,000.00 $4,000.00 
$90,000.00 $90,000.00 
$65.00 $116,415.00 
$12.00 $12,000.00 
$50,000.00 $50,000.00 
$18,100.00 $18,100.00 
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Variance 

Unit Price Total Price 
$0.00 $0.00 
$0.00 $0.00 
$73,793.60 $73,793.60 
$0.00 $0.00 
$0.00 $0.00 
$15.00 $26,865.00 
($10.50) ($10,500.00) 
$0.00 $0.00 
$8,100.00 $8,100.00 


Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


0290.275 


0290.276 


0290.738 


0291.141 


0291 .200 


0291.201 


0291.217 


0291.450 


0291.511 


Hntb Corp. 


Description 


INITIAL TAMP SURFACE AND ALIGN 
TRACK 


FINAL TAMP SURFACE AND ALIGN 
TRACK 


RAIL GRINDING 


NO. 6 TURNOUT - BALLASTED 


RUNNING RAIL ON TANGENT TRACK 


FURNISH AND INSTALL RUNNING 


RAIL 


ADJUST WELDED RAIL 


BRIDGE GUARD RAIL 


THIRD RAIL ALUMINUM END 
APPROACHES - INSTALL ONLY 
MBTA FURNISHED 


Unit 


LF 


LS 


EA 


LF 


LF 


LF 


LF 


EA 


Massachusetts Bay Transportation Authority 


Capital Management System 


Comparison of Bids Bid Date: 04/26/2017 
Contract R32CN02 
Bi : 
Orange Line Test Track and Track 5 Rehabilitation, rodent: 2269 
Medford, MA Firm Name: — Lm Heavy Civil Construction, Lic 
Engineer Bidder Variance 
Quantity Unit Price Total Price Unit Price Total Price Unit Price Total Price 

12,283 $5.00 $61,415.00 $12.80 $157,222.40 $7.80 $95,807.40 
12,283 $5.00 $61,415.00 $10.50 $128,971.50 $5.50 $67,556.50 
1 $36,000.00 $36,000.00 $146,500.00 $146,500.00 $110,500.00 $110,500.00 
1 $25,000.00 $25,000.00 $49,930.00 $49,930.00 $24,930.00 $24,930.00 
2,200 $85.00 $187,000.00 $35.00 $77,000.00 ($50.00) ($110,000.00) 
3,822 $122.00 $466,284.00 $54.00 $206,388.00 ($68.00) ($259,896.00) 
24,566 $5.00 $122,830.00 $7.75 $190,386.50 $2.75 $67,556.50 
8,000 $31.00 $248,000.00 $14.50 $116,000.00 ($16.50) ($132,000.00) 
2 $900.00 $1,800.00 $906.00 $1,812.00 $6.00 $12.00 
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Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


0291.520 


0291.705 


0291.797 


0291.798 


0291.799 


0291.956 


0291.980 


0293.208 


0293.222 


Hntb Corp. 


Description 


THIRD RAIL 85 LB. ASCE 


WITHOUT END APPROACHES 


ELECTRIC FLASH BUTT WELD 


THIRD RAIL INSULATOR INSTALL 


JOINT BARS - 


FURNISH AND INSTALL 


THIRD RAIL INSULATOR 


FURNISH AND INSTALL 


INSTALL DERAIL 


BUMPING POSTS 


ANCHOR ASSEMBLIES 


THIRD RAIL ANCHOR 


Unit 


LF 


EA 


EA 


EA 


EA 


EA 


EA 


EA 


EA 


Massachusetts Bay Transportation Authority 


Contract R32CN02 
Orange Line Test Track and Track 5 Rehabilitation, 
Medford, MA 
Engineer 

Quantity Unit Price Total Price 
1,014 $92.31 $93,602.34 
166 $350.00 $58,100.00 
100 $300.00 $30,000.00 
52 $700.00 $36,400.00 
1,200 $380.00 $456,000.00 
1 $5,000.00 $5,000.00 
1 $10,000.00 $10,000.00 
4 $950.00 $3,800.00 
20 $600.00 $12,000.00 


Capital Management System 


Comparison of Bids 


Bid Date: 04/26/2017 


Bidder: 92969 


Firm Name: Lm Heavy Civil Construction, Llc 


Bidder 
Unit Price Total Price 
$28.00 $28,392.00 
$1,050.00 $174,300.00 
$32.00 $3,200.00 
$360.00 $18,720.00 
$125.00 $150,000.00 
$28,500.00 $28,500.00 
$17,300.00 $17,300.00 
$1,100.00 $4,400.00 
$1,267.00 $25,340.00 


Unit Price 


($64.31) 


$700.00 


($268.00) 


($340.00) 


($255.00) 


$23,500.00 


$7,300.00 


$150.00 


$667.00 


Variance 
Total Price 


($65,210.34) 


$116,200.00 


($26,800.00) 


($17,680.00) 


($306,000.00) 


$23,500.00 


$7,300.00 


$600.00 


$13,340.00 
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Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


0294.023 


0294.032 


1613.513 


1613.515 


1613.620 


1616.300 


1619.900 


1634.207 


1649.146 


Hntb Corp. 


Description 


INSTALL CROSS TIES 
MBTA FURNISHED 


INSTALL NEW TIMBER TIE 


THIRD RAIL ALUMINUM 


CONNECTOR ASSEMBLY 


CABLE TO THIRD RAIL 


CONNECTOR ASSEMBLY 


CABLE - 1000 KCMIL POSITIVE 


5" FIBERGLASS CONDUIT 


MISCELLANEOUS CONDUIT SYSTEM 


DISCONNECT SWITCHES 


REMOVE EXISTING SIGNAL 
EQUIPMENT & MATERIAL 


Unit 


EA 


EA 


EA 


EA 


LF 


LF 


LS 


EA 


LS 


Massachusetts Bay Transportation Authority 


Contract R32CN02 
Orange Line Test Track and Track 5 Rehabilitation, 
Medford, MA 
Engineer 

Quantity Unit Price Total Price 
3,000 $90.00 $270,000.00 
1,890 $205.00 $387,450.00 
50 $300.00 $15,000.00 
160 $375.00 $60,000.00 
1,000 $90.00 $90,000.00 
50 $88.00 $4,400.00 
1 $23,500.00 $23,500.00 
5 $10,000.00 $50,000.00 
1 $6,000.00 $6,000.00 


Capital Management System 


Comparison of Bids 


Bid Date: 04/26/2017 


Bidder: 92969 


Firm Name: Lm Heavy Civil Construction, Llc 


Bidder 
Unit Price Total Price 
$210.00 $630,000.00 
$286.00 $540,540.00 
$282.00 $14,100.00 
$165.00 $26,400.00 
$55.00 $55,000.00 
$139.00 $6,950.00 
$4,301.00 $4,301.00 
$21,650.00 $108,250.00 
$12,640.00 $12,640.00 


Variance 
Unit Price Total Price 
$120.00 $360,000.00 
$81.00 $153,090.00 
($18.00) ($900.00) 
($210.00) ($33,600.00) 


($35.00) 


$51.00 


($19,199.00) 


$11,650.00 


$6,640.00 
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($35,000.00) 


$2,550.00 


($19,199.00) 


$58,250.00 


$6,640.00 


Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


1649.957 


1662.006 


1696.090 


1696.110 


1696.230 


6500.000 


Hntb Corp. 
Description Unit 
REMOVE, PROTECT AND EA 


RECONNECT WEE-Z BONDS 


SYSTEM TESTING LS 


THIRD RAIL HEATER LAYOUT LS 
FURNISH AND INSTALL 


TRACTION POWER CABLE 2000 LF 
KCMIL - INSTALLATION ONLY 


BUMPING POST SIGNAL LAYOUT LS 


RISK ALLOWANCE RA 


Massachusetts Bay Transportation Authority 


Capital Management System 


Comparison of Bids 


Unit Price 


$1,520.00 


$56,620.00 


$1,610,237.00 


$10.75 


$28,160.00 


Contract R32CN02 
Orange Line Test Track and Track 5 Rehabilitation, 
Medford, MA 
Engineer 

Quantity Unit Price Total Price 
23 $1,000.00 $23,000.00 
1 $50,000.00 $50,000.00 
1 $1,694,513.00 $1,694,513.00 
5,500 $15.00 $82,500.00 
1 $23,250.00 $23,250.00 
1 $738,046.00 $738,046.00 


Total Estimate Contract Base Bid: 


Contract Total - Base Bid and Alternates: 


$5,751 ,355.34 


$5,751 ,355.34 


$738,046.00 


Bid Date: 


Firm Name: 


Bidder: 92969 


Bidder 


Total Price 


$34,960.00 


$56,620.00 


$1,610,237.00 


$59,125.00 


$28,160.00 


$738,046.00 


$5,867,000.00 


$5,867,000.00 


04/26/2017 


Unit Price 


$520.00 


$6,620.00 


($84,276.00) 


($4.25) 


$4,910.00 


$0.00 


Lm Heavy Civil Construction, Llc 


Variance 


Total Price 


$11,960.00 


$6,620.00 


($84,276.00) 


($23,375.00) 


$4,910.00 


$0.00 


$115,644.66 


$115,644.66 
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Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


0130.429 


0130.436 


0210.000 


0213.202 


0221.331 


0222.613 


0250.010 


0288.003 


0290.030 


Hntb Corp. 


Description 


TRAFFIC OFFICERS SERVICES 


ELECTRIC COMPANY 


CLEARING OF SITE 


RODENT CONTROL 


DISPOSE OF ALLOWANCE 


QUALIFYING SOILS 


STONE BALLAST 
FURNISH AND INSTALL 


CLEANING PIPE 


GEOMETRY TESTING CAR 


GRADE CROSSING 
RECONSTRUCTION 


Unit 


AN 


AN 


LS 


AN 


AN 


TN 


LF 


AN 


LS 


Massachusetts Bay Transportation Authority 


Capital Management System 


Comparison of Bids 


Contract R32CN02 
Orange Line Test Track and Track 5 Rehabilitation, 
Medford, MA 
Engineer 
Quantity Unit Price Total Price 
1 $8,000.00 $8,000.00 
1 $25,000.00 $25,000.00 
1 $20,000.00 $20,000.00 
1 $4,000.00 $4,000.00 
1 $90,000.00 $90,000.00 
1,791 $50.00 $89,550.00 
1,000 $22.50 $22,500.00 
1 $50,000.00 $50,000.00 
1 $10,000.00 $10,000.00 


Bid Date: = — 04/26/2017 
Bidder: 1873 
Firm Name: J. F. White Contracting Co. 
Bidder Variance 
Unit Price Total Price Unit Price Total Price 
$8,000.00 $8,000.00 $0.00 $0.00 
$25,000.00 $25,000.00 $0.00 $0.00 
$97,000.00 $97,000.00 $77,000.00 $77,000.00 
$4,000.00 $4,000.00 $0.00 $0.00 
$90,000.00 $90,000.00 $0.00 $0.00 
$30.00 $53,730.00 ($20.00) ($35,820.00) 
$20.00 $20,000.00 ($2.50) ($2,500.00) 
$50,000.00 $50,000.00 $0.00 $0.00 
$20,000.00 $20,000.00 $10,000.00 $10,000.00 
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Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


0290.275 


0290.276 


0290.738 


0291.141 


0291 .200 


0291.201 


0291.217 


0291.450 


0291.511 


Hntb Corp. 


Description 


INITIAL TAMP SURFACE AND ALIGN 
TRACK 


FINAL TAMP SURFACE AND ALIGN 
TRACK 


RAIL GRINDING 


NO. 6 TURNOUT - BALLASTED 


RUNNING RAIL ON TANGENT TRACK 


FURNISH AND INSTALL RUNNING 


RAIL 


ADJUST WELDED RAIL 


BRIDGE GUARD RAIL 


THIRD RAIL ALUMINUM END 
APPROACHES - INSTALL ONLY 
MBTA FURNISHED 


Unit 


LF 


LS 


EA 


LF 


LF 


LF 


LF 


EA 


Massachusetts Bay Transportation Authority 


Contract 
Medford, MA 
Quantity Unit Price 
12,283 $5.00 
12,283 $5.00 
1 $36,000.00 
1 $25,000.00 
2,200 $85.00 
3,822 $122.00 
24,566 $5.00 
8,000 $31.00 
2 $900.00 


Capital Management System 


Comparison of Bids 


R32CN02 
Orange Line Test Track and Track 5 Rehabilitation, 


Engineer 


Total Price 


$61,415.00 


$61,415.00 


$36,000.00 


$25,000.00 


$187,000.00 


$466,284.00 


$122,830.00 


$248,000.00 


$1,800.00 


Bid Date: 04/26/2017 


Bidder: 1873 


Firm Name: J. F. White Contracting Co. 


Bidder 

Unit Price Total Price 
$30.00 $368,490.00 
$32.00 $393,056.00 
$60,000.00 $60,000.00 
$75,000.00 $75,000.00 
$35.00 $77,000.00 
$45.00 $171,990.00 
$10.00 $245,660.00 
$50.00 $400,000.00 
$1,000.00 $2,000.00 


Unit Price 


$25.00 


$27.00 


$24,000.00 


$50,000.00 


($50.00) 


($77.00) 


$5.00 


$19.00 


$100.00 


Variance 


Total Price 


$307,075.00 


$331,641.00 


$24,000.00 


$50,000.00 


($110,000.00) 


($294,294.00) 


$122,830.00 


$152,000.00 


$200.00 
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Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


0291.520 


0291.705 


0291.797 


0291.798 


0291.799 


0291.956 


0291.980 


0293.208 


0293.222 


Hntb Corp. 


Description 


THIRD RAIL 85 LB. ASCE 


WITHOUT END APPROACHES 


ELECTRIC FLASH BUTT WELD 


THIRD RAIL INSULATOR INSTALL 


JOINT BARS - 


FURNISH AND INSTALL 


THIRD RAIL INSULATOR 


FURNISH AND INSTALL 


INSTALL DERAIL 


BUMPING POSTS 


ANCHOR ASSEMBLIES 


THIRD RAIL ANCHOR 


Unit 


LF 


EA 


EA 


EA 


EA 


EA 


EA 


EA 


EA 


Massachusetts Bay Transportation Authority 


Contract R32CN02 
Orange Line Test Track and Track 5 Rehabilitation, 
Medford, MA 
Engineer 

Quantity Unit Price Total Price 
1,014 $92.31 $93,602.34 
166 $350.00 $58,100.00 
100 $300.00 $30,000.00 
52 $700.00 $36,400.00 
1,200 $380.00 $456,000.00 
1 $5,000.00 $5,000.00 
1 $10,000.00 $10,000.00 
4 $950.00 $3,800.00 
20 $600.00 $12,000.00 


Capital Management System 


Comparison of Bids 


Bid Date: 04/26/2017 


Bidder: 1873 


Firm Name: J. F. White Contracting Co. 


Bidder 
Unit Price Total Price 
$30.00 $30,420.00 
$800.00 $132,800.00 
$100.00 $10,000.00 
$500.00 $26,000.00 
$200.00 $240,000.00 
$25,000.00 $25,000.00 
$15,000.00 $15,000.00 
$1,500.00 $6,000.00 
$1,500.00 $30,000.00 


Unit Price 


($62.31) 


$450.00 


($200.00) 


($200.00) 


($180.00) 


$20,000.00 


$5,000.00 


$550.00 


$900.00 


Variance 
Total Price 


($63,182.34) 


$74,700.00 


($20,000.00) 


($10,400.00) 


($216,000.00) 


$20,000.00 


$5,000.00 


$2,200.00 


$18,000.00 
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Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


0294.023 


0294.032 


1613.513 


1613.515 


1613.620 


1616.300 


1619.900 


1634.207 


1649.146 


Hntb Corp. 


Description 


INSTALL CROSS TIES 
MBTA FURNISHED 


INSTALL NEW TIMBER TIE 


THIRD RAIL ALUMINUM 


CONNECTOR ASSEMBLY 


CABLE TO THIRD RAIL 


CONNECTOR ASSEMBLY 


CABLE - 1000 KCMIL POSITIVE 


5" FIBERGLASS CONDUIT 


MISCELLANEOUS CONDUIT SYSTEM 


DISCONNECT SWITCHES 


REMOVE EXISTING SIGNAL 
EQUIPMENT & MATERIAL 


Unit 


EA 


EA 


EA 


EA 


LF 


LF 


LS 


EA 


LS 


Massachusetts Bay Transportation Authority 


Contract R32CN02 
Orange Line Test Track and Track 5 Rehabilitation, 
Medford, MA 
Engineer 

Quantity Unit Price Total Price 
3,000 $90.00 $270,000.00 
1,890 $205.00 $387,450.00 
50 $300.00 $15,000.00 
160 $375.00 $60,000.00 
1,000 $90.00 $90,000.00 
50 $88.00 $4,400.00 
1 $23,500.00 $23,500.00 
5 $10,000.00 $50,000.00 
1 $6,000.00 $6,000.00 


Capital Management System 


Comparison of Bids 


Bid Date: 04/26/2017 


Bidder: 1873 


Firm Name: J. F. White Contracting Co. 


Bidder 

Unit Price Total Price 
$300.00 $900,000.00 
$300.00 $567,000.00 
$500.00 $25,000.00 
$400.00 $64,000.00 
$65.00 $65,000.00 
$100.00 $5,000.00 
$10,000.00 $10,000.00 
$25,000.00 $125,000.00 
$40,000.00 $40,000.00 


Variance 
Unit Price Total Price 

$210.00 $630,000.00 
$95.00 $179,550.00 
$200.00 $10,000.00 
$25.00 $4,000.00 
($25.00) ($25,000.00) 
$12.00 $600.00 
($13,500.00) ($13,500.00) 


$15,000.00 


$34,000.00 
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$75,000.00 


$34,000.00 


Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


1649.957 


1662.006 


1696.090 


1696.110 


1696.230 


6500.000 


Hntb Corp. 
Description Unit 
REMOVE, PROTECT AND EA 


RECONNECT WEE-Z BONDS 


SYSTEM TESTING LS 


THIRD RAIL HEATER LAYOUT LS 
FURNISH AND INSTALL 


TRACTION POWER CABLE 2000 LF 
KCMIL - INSTALLATION ONLY 


BUMPING POST SIGNAL LAYOUT LS 


RISK ALLOWANCE RA 


Massachusetts Bay Transportation Authority 


Capital Management System 


Comparison of Bids 


Unit Price 


$6,000.00 


$40,000.00 


$2,000,000.00 


$8.00 


$40,000.00 


Contract R32CN02 
Orange Line Test Track and Track 5 Rehabilitation, 
Medford, MA 
Engineer 

Quantity Unit Price Total Price 
23 $1,000.00 $23,000.00 
1 $50,000.00 $50,000.00 
1 $1,694,513.00 $1,694,513.00 
5,500 $15.00 $82,500.00 
1 $23,250.00 $23,250.00 
1 $738,046.00 $738,046.00 


Total Estimate Contract Base Bid: 


Contract Total - Base Bid and Alternates: 


$5,751 ,355.34 


$5,751 ,355.34 


$738,046.00 


Bid Date: 


Firm Name: 


Bidder: 1873 


Bidder 


Total Price 


$138,000.00 


$40,000.00 


$2,000,000.00 


$44,000.00 


$40,000.00 


$738,046.00 


$7,477,192.00 


$7,477,192.00 


04/26/2017 


J. F. White Contracting Co. 


Unit Price 


$5,000.00 


($10,000.00) 


$305,487.00 


($7.00) 


$16,750.00 


$0.00 


Variance 
Total Price 


$115,000.00 


($10,000.00) 


$305,487.00 


($38,500.00) 


$16,750.00 


$0.00 


$1 ,725,836.66 


$1,725,836.66 
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Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


0130.429 


0130.436 


0210.000 


0213.202 


0221.331 


0222.613 


0250.010 


0288.003 


0290.030 


Hntb Corp. 


Description 


TRAFFIC OFFICERS SERVICES 


ELECTRIC COMPANY 


CLEARING OF SITE 


RODENT CONTROL 


DISPOSE OF ALLOWANCE 


QUALIFYING SOILS 


STONE BALLAST 
FURNISH AND INSTALL 


CLEANING PIPE 


GEOMETRY TESTING CAR 


GRADE CROSSING 
RECONSTRUCTION 


Unit 


AN 


AN 


LS 


AN 


AN 


TN 


LF 


AN 


LS 


Massachusetts Bay Transportation Authority 


Capital Management System 


Comparison of Bids 


Contract R32CN02 
Orange Line Test Track and Track 5 Rehabilitation, 
Medford, MA 
Engineer 
Quantity Unit Price Total Price Unit Price 
1 $8,000.00 $8,000.00 $8,000.00 
1 $25,000.00 $25,000.00 $25,000.00 
1 $20,000.00 $20,000.00 $150,000.00 
1 $4,000.00 $4,000.00 $4,000.00 
1 $90,000.00 $90,000.00 $90,000.00 
1,791 $50.00 $89,550.00 $65.00 
1,000 $22.50 $22,500.00 $22.00 
1 $50,000.00 $50,000.00 $50,000.00 
1 $10,000.00 $10,000.00 $150,000.00 


Bid Date: = — 04/26/2017 
Bidder: 1160 
Firm Name: Barletta Heavy Division, Inc. 
Bidder Variance 
Total Price Unit Price Total Price 
$8,000.00 $0.00 $0.00 
$25,000.00 $0.00 $0.00 
$150,000.00 $130,000.00 $130,000.00 
$4,000.00 $0.00 $0.00 
$90,000.00 $0.00 $0.00 
$116,415.00 $15.00 $26,865.00 
$22,000.00 ($0.50) ($500.00) 
$50,000.00 $0.00 $0.00 
$150,000.00 $140,000.00 $140,000.00 
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Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


0290.275 


0290.276 


0290.738 


0291.141 


0291 .200 


0291.201 


0291.217 


0291.450 


0291.511 


Hntb Corp. 


Description 


INITIAL TAMP SURFACE AND ALIGN 
TRACK 


FINAL TAMP SURFACE AND ALIGN 
TRACK 


RAIL GRINDING 


NO. 6 TURNOUT - BALLASTED 


RUNNING RAIL ON TANGENT TRACK 


FURNISH AND INSTALL RUNNING 


RAIL 


ADJUST WELDED RAIL 


BRIDGE GUARD RAIL 


THIRD RAIL ALUMINUM END 
APPROACHES - INSTALL ONLY 
MBTA FURNISHED 


Unit 


LF 


LS 


EA 


LF 


LF 


LF 


LF 


EA 


Massachusetts Bay Transportation Authority 


Contract 
Medford, MA 
Quantity Unit Price 
12,283 $5.00 
12,283 $5.00 
1 $36,000.00 
1 $25,000.00 
2,200 $85.00 
3,822 $122.00 
24,566 $5.00 
8,000 $31.00 
2 $900.00 


Capital Management System 


Comparison of Bids 


R32CN02 
Orange Line Test Track and Track 5 Rehabilitation, 


Engineer 


Total Price 


$61,415.00 


$61,415.00 


$36,000.00 


$25,000.00 


$187,000.00 


$466,284.00 


$122,830.00 


$248,000.00 


$1,800.00 


Bid Date: 04/26/2017 


Bidder: 1160 


Firm Name: Barletta Heavy Division, Inc. 


Bidder 
Unit Price Total Price 
$11.00 $135,113.00 
$11.00 $135,113.00 
$9,000.00 $9,000.00 
$120,000.00 $120,000.00 
$170.00 $374,000.00 
$190.00 $726,180.00 
$11.00 $270,226.00 
$30.00 $240,000.00 
$1,000.00 $2,000.00 


Variance 

Unit Price Total Price 
$6.00 $73,698.00 
$6.00 $73,698.00 
($27,000.00) ($27,000.00) 
$95,000.00 $95,000.00 
$85.00 $187,000.00 
$68.00 $259,896.00 
$6.00 $147,396.00 
($1.00) ($8,000.00) 
$100.00 $200.00 
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Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


0291.520 


0291.705 


0291.797 


0291.798 


0291.799 


0291.956 


0291.980 


0293.208 


0293.222 


Hntb Corp. 


Description 


THIRD RAIL 85 LB. ASCE 


WITHOUT END APPROACHES 


ELECTRIC FLASH BUTT WELD 


THIRD RAIL INSULATOR INSTALL 


JOINT BARS - 


FURNISH AND INSTALL 


THIRD RAIL INSULATOR 


FURNISH AND INSTALL 


INSTALL DERAIL 


BUMPING POSTS 


ANCHOR ASSEMBLIES 


THIRD RAIL ANCHOR 


Unit 


LF 


EA 


EA 


EA 


EA 


EA 


EA 


EA 


EA 


Massachusetts Bay Transportation Authority 


Contract R32CN02 
Orange Line Test Track and Track 5 Rehabilitation, 
Medford, MA 
Engineer 

Quantity Unit Price Total Price 
1,014 $92.31 $93,602.34 
166 $350.00 $58,100.00 
100 $300.00 $30,000.00 
52 $700.00 $36,400.00 
1,200 $380.00 $456,000.00 
1 $5,000.00 $5,000.00 
1 $10,000.00 $10,000.00 
4 $950.00 $3,800.00 
20 $600.00 $12,000.00 


Capital Management System 


Comparison of Bids 


Bid Date: 04/26/2017 


Bidder: 1160 


Firm Name: Barletta Heavy Division, Inc. 


Bidder 
Unit Price Total Price 
$40.00 $40,560.00 
$1,500.00 $249,000.00 
$50.00 $5,000.00 
$105.00 $5,460.00 
$125.00 $150,000.00 
$20,000.00 $20,000.00 
$20,000.00 $20,000.00 
$300.00 $1,200.00 
$200.00 $4,000.00 


Unit Price 


($52.31) 


$1,150.00 


($250.00) 


($595.00) 


($255.00) 


$15,000.00 


$10,000.00 


($650.00) 


($400.00) 


Variance 
Total Price 


($53,042.34) 


$190,900.00 


($25,000.00) 


($30,940.00) 


($306,000.00) 


$15,000.00 


$10,000.00 


($2,600.00) 


($8,000.00) 
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Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


0294.023 


0294.032 


1613.513 


1613.515 


1613.620 


1616.300 


1619.900 


1634.207 


1649.146 


Hntb Corp. 


Description 


INSTALL CROSS TIES 
MBTA FURNISHED 


INSTALL NEW TIMBER TIE 


THIRD RAIL ALUMINUM 


CONNECTOR ASSEMBLY 


CABLE TO THIRD RAIL 


CONNECTOR ASSEMBLY 


CABLE - 1000 KCMIL POSITIVE 


5" FIBERGLASS CONDUIT 


MISCELLANEOUS CONDUIT SYSTEM 


DISCONNECT SWITCHES 


REMOVE EXISTING SIGNAL 
EQUIPMENT & MATERIAL 


Unit 


EA 


EA 


EA 


EA 


LF 


LF 


LS 


EA 


LS 


Massachusetts Bay Transportation Authority 


Contract R32CN02 
Orange Line Test Track and Track 5 Rehabilitation, 
Medford, MA 
Engineer 

Quantity Unit Price Total Price 
3,000 $90.00 $270,000.00 
1,890 $205.00 $387,450.00 
50 $300.00 $15,000.00 
160 $375.00 $60,000.00 
1,000 $90.00 $90,000.00 
50 $88.00 $4,400.00 
1 $23,500.00 $23,500.00 
5 $10,000.00 $50,000.00 
1 $6,000.00 $6,000.00 


Capital Management System 


Comparison of Bids 


Bid Date: 04/26/2017 


Bidder: 1160 


Firm Name: Barletta Heavy Division, Inc. 


Bidder 
Unit Price Total Price 
$410.00 $1,230,000.00 
$430.00 $812,700.00 
$70.00 $3,500.00 
$320.00 $51,200.00 
$52.00 $52,000.00 
$250.00 $12,500.00 
$22,000.00 $22,000.00 
$42,000.00 $210,000.00 
$16,500.00 $16,500.00 


($55.00) 


($38.00) 


$162.00 


($1,500.00) 


$32,000.00 


$10,500.00 
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Variance 
Unit Price Total Price 
$320.00 $960,000.00 
$225.00 $425,250.00 
($230.00) ($11,500.00) 


($8,800.00) 


($38,000.00) 


$8,100.00 


($1,500.00) 


$160,000.00 


$10,500.00 


Date/Time: 
Report ID: 


CMS-BM-003 


Engineer: 1813 


Firm Name: 


Line Item 


1649.957 


1662.006 


1696.090 


1696.110 


1696.230 


6500.000 


Hntb Corp. 
Description Unit 
REMOVE, PROTECT AND EA 


RECONNECT WEE-Z BONDS 


SYSTEM TESTING LS 


THIRD RAIL HEATER LAYOUT LS 
FURNISH AND INSTALL 


TRACTION POWER CABLE 2000 LF 
KCMIL - INSTALLATION ONLY 


BUMPING POST SIGNAL LAYOUT LS 


RISK ALLOWANCE RA 


Massachusetts Bay Transportation Authority 


Capital Management System 


Comparison of Bids 


Unit Price 


$3,550.00 


$22,000.00 


$1,516,262.00 


$8.25 


$30,000.00 


Contract R32CN02 
Orange Line Test Track and Track 5 Rehabilitation, 
Medford, MA 
Engineer 

Quantity Unit Price Total Price 
23 $1,000.00 $23,000.00 
1 $50,000.00 $50,000.00 
1 $1,694,513.00 $1,694,513.00 
5,500 $15.00 $82,500.00 
1 $23,250.00 $23,250.00 
1 $738,046.00 $738,046.00 


Total Estimate Contract Base Bid: 


Contract Total - Base Bid and Alternates: 


$5,751 ,355.34 


$5,751 ,355.34 


$738,046.00 


Bid Date: 


Firm Name: 


Bidder: 1160 


Bidder 


Total Price 


$81,650.00 


$22,000.00 


$1,516,262.00 


$45,375.00 


$30,000.00 


$738,046.00 


$7,966,000.00 


$7,966,000.00 


04/26/2017 


Barletta Heavy Division, Inc. 


Unit Price 


$2,550.00 


($28,000.00) 


($178,251.00) 


($6.75) 


$6,750.00 


$0.00 


Variance 


Total Price 


$58,650.00 


($28,000.00) 


($178,251.00) 


($37,125.00) 


$6,750.00 


$0.00 


$2,214,644.66 


$2,214,644.66 
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Date/Time: 


Report ID: | CMS-BM-003 


Engineer: 41813 
Firm Name: — Hntb Corp. 


Total Type Basic = 


Contract Total - Base Bid and Alternates: 


Massachusetts Bay Transportation Authority 


Capital Management System 
Comparison of Bids 


Contract R32CN02 


Orange Line Test Track and Track 5 Rehabilitation, 
Medford, MA 


Engineer Bidder 
$5,751 355.34 $7,966,000.00 
$5,751,355.34 $7,966,000.00 


Bid Date: 


Bidder: 


Firm Name: 


Variance 
($2,214,644.66) 
($2,214,644.66) 


04/26/2017 


1160 


Barletta Heavy Division, Inc. 
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Date/Time: 


Report ID: © CMS-BM-003 


Engineer: 41813 
Firm Name: — Hntb Corp. 


Total Type Basic = 


Contract Total - Base Bid and Alternates: 


Massachusetts Bay Transportation Authority 


Capital Management System 
Comparison of Bids 


Contract R32CN02 


Orange Line Test Track and Track 5 Rehabilitation, 
Medford, MA 


Engineer Bidder 
$5,751 355.34 $7,477,192.00 
$5,751,355.34 $7,477,192.00 


Bid Date: 


Bidder: 


Firm Name: 


Variance 
($1,725,836.66) 
($1,725,836.66) 


04/26/2017 


1873 
J. F. White Contracting Co. 
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Date/Time: 


Report ID: © CMS-BM-003 


Engineer: 41813 
Firm Name: — Hntb Corp. 


Total Type Basic = 


Contract Total - Base Bid and Alternates: 


Massachusetts Bay Transportation Authority 


Capital Management System 
Comparison of Bids 


Contract R32CN02 


Orange Line Test Track and Track 5 Rehabilitation, 
Medford, MA 


Engineer Bidder 
$5,751 355.34 $5,867,000.00 
$5,751,355.34 $5,867,000.00 


Bid Date: 


Bidder: 


Firm Name: 


Variance 
($115,644.66) 
($115,644.66) 


04/26/2017 


2269 


Lm Heavy Civil Construction, Lic 
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